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BILL NO. s-86-10-2 wear 
SPECIAL ORDINANCE NO. S- JDE 


AN ORDINANCE approving Change Order 
No. 1 and FINAL, Res. 415-85, East 
State Church of God Lift Station, 
with All Star Construction & Exca- 
vating, in connection with the 
Board of Public Works and Safety 

of the City of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 and FINAL, Res. 
415-85, East State Church of God Lift Station, with All Star 
Construction & Excavating, in connection with the Board of Public 
Works and Safety, for: 
this Change Order is necessary 
because construction on the water 
main for E. State Blvd. improvement 
began subsequent to the installation 
of the sanitary sewer force main 
for said project. The depth of 
this water main in combination 
with existing ground conditions 
made it impossible to teave the 
sanitary force main in place. 
It was, therefore, determined that 
the best and most cost-effective 
alternative was to relocate the 
sanitary main; 
involving a net increase of One Thousand Five Hundred Sixty-Nine 
and 25/100 Dollars ($1,569.25), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 


AND LEGALITY ? 


Bruce O. Boxberger, City Attorney 








Read the first timè in full and on motion by [cet ; 
seconded by , and dyly adopted Cad tne’ second time 
By ticle and referred he Committee SA and the Cit 
Pion, Comaigsion fot race ssencaticn) ane OLD = ; damar tos 



























due legal notice, at the Council Chambers l ints ttding, Fort Wayn 
Indiana, on pas day of 
e T9 r, at ste ca Mo pD 
> A ET 
DATE: La of € FS herred 





SANDRA E. KENNEDY, CITY CLERK 


° , 
ime full and on motion by (Pree a ; 
, and duly adopted, placed on its 


by the following vote: 






Read the thnir 
seconded by 
passage. PASSED 


NAYS ABSTAINED ABSENT TOP Wier: 


Pee EI oy ee ee 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


LIT Rk 


TALARICO ce ee 
DATE: Vie OF FL ch Z É 4 
; j SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City ofr Fort 


Wayne, Indiana, as (AD 2 TION) —_-_- (GEN: 





(SPECIAL) (ZONING MAP) ORDINANCE (RESCLUPION)} NO. “LIe Ae i 
on the oft Zr day of Oe A, ; ape HS , 


| oe ee | (SEAL) . 


SANDRA E. KENNEDY, CITY CLERK 









ING OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, 
on the ox EZA day of C ee j ralo LE : 
BS Sear Sas OEE | RS Err ei 
A ‘DO f 
at the hour of Sie o'clock D. Mr Be Sets 
tore A A 


ae E. KENNEDY, CITY CLERK 


Approved and signed by me this X _5/__day of Poo 


19 K TA at the hour of yor fo) Coe M Bese T . 


WIN MOSES, JR. —— 





-CHANGE ORDER. 


Change Order No l and FINAL Resolution No. 415-1985 


Project No. ea ee ee L oer A Board Order # 33-80 
Name of Project: East State Church of God Lift Station Date 6 October 1986 
ED rh ir Ant Pc A ec reste ee id ac 


TO: All Star Construction & Excavating 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Trem | pescription of Chance (| dS henge Sy Coperace Price 
| Quantity) Description ———— | Unit Price| Decrease Increase 


1000 SY Seeding & 2" Mulch 450.00 SODA 



















2701925 
369.25 


The sum of $ 1,569.25 is hereby (added to) (dedit*eaxfeomk the total contract price and 
the final contract price shall be adjusted as follows: 





Net @eteXK&sSe9 (Increase) Contract Price 


Original Contract Price $ 25,028.85 
Current Contract Price Adjusted by Previous Change Order $ 25,028.85 
New Contract Price including this Change Order $ 26,598.10 


The time provided for completion in the contract for this project is (unchanged) éiorxeased) 





(dexxaxsed) by =0= calendar days due to this Change Order. The date for completion 
of all work shall be N/A - FURTHERMORE, this document shall become an 


amendment to the contrag 







W274 of the contract shall apply hereto. 
sy g 
Mf ; TA Chief Engineer Date JO = P= Bho 
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Recommended by 









Accepted by: Contractor 


Date (CO~-7-O G 


Approved by: Date 


pate /O~ 8~PC 





Approved by: 


Attested by: 





Date oe = eo 


l. 


Change Order No._l and FINAL 
: Resolution No. 415-1985 
Board Order No. _33-80 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Construction on the water main for East State , 

Boulevard improvement began subsequent to the installation of 

the sanitary sewer force main for said project. The depth of 

this water main in combination with existing ground conditions 

made it impossible to leave the Sanitary force main in place. 

It was, therefore, determined that the best and most cost-effective 
alternative was to relocate the sanitary main. 
ere eee 
eee 
eee 
aang nc cece tg oes ae es N E 


Will proposed change alter size of the project? Yes No X 


If yes, explain 


i 


Affect on operation and maintenance cost of this project: 


. 


RR E e a E r a a 


Se esesssss—h 


N/A 








a ae 
Res. 415-85 Admn. Anpr. 


TITLE OF ORDINANCE Change Order #1 and FINAL, East State Church of God Lift Station 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
This Change Order #1 and FINAL, East State and Lift Station 





SYNOPSTS OF ORDINANCE 


is necessary because construction on the water main for E. State Blvd. improvemen 





began subsequent to the installation of the sanitary sewer force main for said 





project. The depth of this water main in combination with existing ground 





conditions made it impossible to leave the sanitary force main in place. It 





was, therefore, determined that the best and most cost-effective alternative 





was to relocate the sanitary main. All Star Construction & Excavating is the 




















EFFECT OF PASSAGE change in location of water main and existing ground conditions. 











EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $1,569.25 


ASSTGNED TO COMMITTEE 


BILL NO. he ae ae 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON CITY: UTILITIES TO WHOM WAS 
fannie ee on E 


REFERRED AN (ORDINANCE) ( RXSODUERKG) abprovies Cheng] Order eiii Ja 


No. 1 and FINAL, Res. 415-85, East State Church of God Like: Station; 


with All Star Construction & Excavating, in connection with the 


Board of Public Works and Safety of the City of Fort Wayne, Indiana 














HAVE HAD SAID (ORDINANCE) (ReSOfed¥5N) UNDER CONSIDERATION AND BEG 


¥ 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 





















(RESORYFIONF 
YES NO 
PAUL M. BURNS 
CHAIRMAN 
THOMAS C. HENRY í 
VICE CHAIRMAN e ee ae N a a 


BEN A. EISBART 













À JAMES S. STIER 
5 Z 


DA 


WE: SANDRA E. KENNEDY 


CITY. CLERK 


RK E. GiaQUINTA 





CONCURRED IN / 


